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ACTION A-01 

INFO OCT-01 EUR- 1 2 ISO-OO FBOE-OO OC-05 CCO-OO /019 W 

129611 

R091238Z APR 76 
FM AMEMBASSY BERLIN 
TO SECSTATE WASHDC 2420 
INFO AMEMBASSY BONN 

UNCLAS BERLIN 5677 

DEPT FOR JOHN CONDAYAN (A), BONN FOR RCO 

EO 1 1652: NA 

TAGS: AFSP, ASEC, ABLD 

SUB J : PERMANENT CHANCERY - AIR CONDITIONING FOR EXECUTIVE SUITE 
AND COMMUNICATIONS AREA 

REF: AO BERLIN 6736; B) STATE 286219 

1 . DEPARTMENT PLANS FOR AIR CONDITIONING OF THE C&R AND 
EXECUTIVE SUITE AREAS ARE NOT CLEAR. PREVIOUS CORRESPONDENCE 
AND DISCUSSIONS WITH FBO ENGINEER JENNINGS DURING HIS 
NOVEMBER 1975 VISIT TO BERLIN INDICATE THAT THE DEPARTMENT 
PLANS TO AIR CONDITION THE ENTIRE EXECUTIVE SUITE AS WELL AS 
THE COMMUNICATIONS AREA. 

2. THE AREA OF THE EXECUTIVE SUITE, BASED ON THE REDESIGN 
DONE BY FBO ARCHITECT KNOOP DURING HIS FEBRUARY 1976 VISIT, 

IS APPROXIMATELY 24 SQUARE FEET. THE AREA OF THE COMMUNICA- 
TIONS AREA IS APPROXIMATELY 21 SQUARE FEET. USING A FACTOR 
OF 324 SQUARE FEET PER TON OF REQUIRED COOLING CAPACITY, THE 
C&R AREA WILL REQUIRE APPROXIMATELY 6.5 TONS AND THE 
EXECUTIVE SUITE 7.35 TONS OF COOLING CAPACITY. BASED ON 
THIS THE CC-7A WATER CHILLER UNIT SUPPLIED (ASSUMED TO 

BE A 7 TON UNIT) DOES NOT PROVIDE ENOUGH CAPACITY TO AIR 
CONDITION BOTH AREAS. 

3. TWO POSSIBLE ALTERNATIVES ARE: 1) DO NOT AIR CONDITION 
THE EXECUTIVE SUITE; 2) SUPPLY A SEPARATE CC-7A CHILLER 
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2 IS CHOSEN, FBO SHOULD INCLUDE INSTALLATION DETAILS FOR 
THE EXECUTIVE SUITE AIR HANDLER UNITS IN THE FINAL FINISH 
PLANS THEY ARE PREPARING. THE EMBASSY REQUESTS THE 
DEPARTMENT S VIEWS AND ADVICE REGARDING THIS MATTER.COOPER 
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